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1. SCAFFOLDING IS NOW BEING ERECTED IN 
PLACE ON EAST WING-ONE THIRD 

OF BUILDING FRONT. FINISHING TOUCHES ON SCAFFOLDING SHOULD BE 
COMPLETED-INCLUDING SECURITY LIGHTING-BY JULY 15. FACADE WILL 
BE PREPARED FOR PAINTING, INCLUDING INSTALLATION OF NEW 
GUTTERS, WINDOWS, FLASHING, ETC., JULY 15-30. PAINTING WILL BE DONE 
AUG 1-31. 

2. TWO TDY MARINE GUARDS WORKING ON 24-HR WATCHES, WITH A DETAILED 
INSPECTION OF SCAFFOLDING AND CHANCERY ATTIC AFTER DAILY DEPARTURE 
OF WORKERS, AND 6-7 OTHER INSPECTIONS THROUGHOUT THE WATCH, AND ARE 
ON CALL AT MARINE GUARD POST TO ANSWER ALARMS DURING REMAINDER OF 
WATCH. 

3. PSO AND NCOIC BELIEVE SUPPORT PROPOSED IN REF, INCLUDING VISITS 
BY RSO BUDAPEST, WILL BE ADEQUATE WITHOUT DETAIL OF RSO TO REPLACE 
FORD. 
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